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Message Text 



UNCLASSIFIED 

PAGE 01 MEXICO 05833 090028Z 
72 

ACTION FBO-01 

INFO OCT-01 ARA-10 ADP-00 /012W 

040277 

P 082138Z AUG 73 

FM AMEMBASSY MEXICO 

TO SECSTATE WASHDC PRIORITY 7355 

UNCLAS MEXICO 5833 

E.O. 11652: N/A 
TAGS: ABLD, AFSP, MX 

SUBJ: EMERGENCY GENERATOR FOR ER; PROPERTY 08128 

REF: A. MEXICO 1075 

B. STATE 52045 

C. MEXICO 1997 

D. STATE 74136 

1. GENERATOR HAS BEEN DELIVERED AND CATERPILLAR MEXICO IS 
ADDING ANCILLARY EQUIPMENT REQUIRED FOR INSTALLATION. LOCAL 
CONTRACTOR IS PREPARING SITE FOR INSTALLATION AT ER. 

2. MANUFACTURER'S INVOICE WAS NOT RPT NOT RECEIVED WITH 
GENERATOR. ONLY OUTLAY TODATE HAS BEEN DELIVERY NUEVO LAREDO 
TO MEXICO FOR U.S. $56.74. CATERPILLAR HAS ESTIMATED A TOTAL OF 
U.S. $7836.90 TO PREPARE AND INSTALL THE GENERATOR. SITE 
PREPARATION BY LOCAL CONTRACTOR IS ESTIMATED AT U.S. $547.79. 

3. THE CATERPILLAR ESTIMATE INCLUDES U.S. $5755.00 FOR A 50 CYCLE. 

400 AMP AUTOMATIC TRANSFER SWITCH WITH AMMETER. VOLTMETER, 
FREQUENCY METER, KW HOUR METER, START AND STOP (CRANKING PANEL, 
TIMER STARTER AND FIVE PILOT LIGHTS (OVERSPEED, OVERCRANK, 

LOW OIL PRESSURE, HIGH WATER TEMPERATURE, NORMAL/EMERGENCY). 
SWITCH TO BE TRIGGERED WHENEVER MAIN CURRENT DROPS BELOW 
70 O/O OF NOMINAL POWER. ESTIMATED COST OF THIS ITEM APPEARS 
UNACCEPTABLY HIGH AND WE ASSUME IT COULD BE PURCHASED IN U.S. 
FOR CONSIDERABLY LESS. WE HAVE THEREFORE ASKED CATERPILLAR HERE 
TO DELETE IT (THEY WILL INSTALL MANUAL SWITCH, HOWEVER) 

AND WE WILL RELY ON DEPARTMENT TO PROCURE IT AS EXPEDITOUSLY 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MEXICO 05833 090028Z 
AS POSSIBLE. 
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4. TARGET DATE TO START UP GENERATOR IS SEPTEMBER 1, 1973. 
PLEASE GIVE ACQUISITION AND DELIVERY OF AUTOMATIC TRANSFER 
SWITCH HIGHEST PRIORITY AND ADVISE WHEN DELIVERY MIGHT BE 
EXPECTED. 

MCBRIDE 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 08 AUG 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973MEXICO05833 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: MEXICO 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1 9730851 /aaaablgz. tel 

Line Count: 67 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 73 A. MEXICO 1075 
Review Action: RELEASED, APPROVED 
Review Authority: shawdg 
Review Comment: n/a 
Review Content Flags: 

Review Date: 15 NOV 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <15-Nov-2001 by reddocgw>; APPROVED <26 FEB 2002 by shawdg> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: EMERGENCY GENERATOR FOR ER; PROPERTY 08128 
TAGS: ABLD, AFSP, MX 
To: STATE 
Type: TE 
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